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0S1 -D(bl-b& 


30 December 1965 


Subject: 


ECP GR -44, CONTRACT LP-2264 AND 
CW -6644 


Dear Chuck, 


This ECP ha s been tec hnically approved by the 
SPO. Request you provide 


proceed. 


with formal approval to STATINTL 


STATINTL 


STATINTL 


has advised us that retrofit phasing 
will not be critical since modified Ant enna Control Units are 
fully interchangeable with un modified | | Control Panels and STATINTL 

vice versa. Further unmodified Antenna Control Units can be 
fully tested by modified Antenna Control Testers using a revised 
procedure which 


before. 


will supply with their FSB, if not 


STATINTL 


The cost of this change for the eight prototype 
units is approximately $370. 


Atch. 


cc: 


V 


Regards , 


Cofonei, UAi? 

Dopufy Bbr.-fr#; S-». SPOT 
Deputy ier i.ya. - ©ms. //.ansgemenf. 


STATINTL 
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Y ^ | ENCINO r: : ITUDY 1 

jf T . : : T# ' | CHANGF >SAL F$ 

GR- 44 

| , pATE;0-_ . | AFFECTS: 

1 12-14-65 j -r,A .31 a SLR ;= : 

| NAME OPMAJOR. COMPONENT j part OSj: LOWEST V il SEMBLY 

I 1. Autrnaa Control Assy \ i. Gvro Cont ■ d Amplf 

l 2. SLR Centro! Panel { pc Boa*'*' 

pL.^ Ant/ A at Control LRU. L < .m-L.No,. J 

PART !JO. 

MODEL OR TYPE 

See oage 2. 


TITLE OF PROPOSAL: 


Antenna Control t? ait and ■ R Control Panel Modification 


NATDR|;;pF PROPOSAL: 

I The following: oMngos; arc initiated by tb** contractor: 

1. Oatttrol ABSeiblf, l/N : 00-001-101 changes. ,/• 

A. Change P/M 531A2C6-305-1O1, r© Control Arapll PC Soar'd. 'to 
P/N 331A206.-005-n5 after the lowing changes have been made: 

i. Change resistor R1 fr^ RC20GF1QK/ to RC20OF334J. 


■M 

'M 


(COHT oil: pages 2 & 3) 


2. Change resistor R3 fro m RC20GF 514.7 to RC20GF224J. 


(RSF: REW KP-I-220) 


REASON FOR PJpPOEAt: 

Item .1 . A 1 . 3 . 1 and 1 . S. 2 To .in*: re? se antenna beam steer rate. 

Item, l.AA- To increase ECO/eeneiM ; . 

Itepaa 1,4,7, UA.l, t . A . 2 , I . X , 5 and V. 6 — Provide a 10-eecond delay in 
; en':e:png turn mode. 

Items 1.3. 3 thru 1.R.6 — To increase r seiver BIT gain. ;o. 

Items 2. A. 1 and 3. j\ — To increase ante ia beam steer (earth rate). 

Item l.C. l and 1.C.2 - i ' To reduce noise on monitor outputs to the multiplex 
.systems. * 


<ES 


CP 




ESTIMATED COST AND TIME INVOLVED; 
ADDITIONAL FUNDING REQUIRED; ig 


5, 325 {includes $3, 293.48 Eng. ) 


ESTIMATED COST FOR KiTS OR PARTS: 
ADDTIONAL FUNDING REOUlRpD: 


ITEMS AFFECTEDLY PROPOSAL: 

See page 3* 


SAFETY 

□ ; 


MISSION 

EFFtC- 

-rwtaiss 

ss . 


' !n?en Fw7-.shM<'« 

AT !NG ' ! ' v ' .V M1 


d'' 1 - ' vTJ 

j PERFORM- OPES* 

J ANCE. IpHOCEDUREj. . ASiSlV 

! is j m ■ □ 


BA: 

l 5 


rSTIMAJED MAN HOURS REQUIRED TO ACCOMPLISH CHANGE 
See page 3. 


TOOLS AND 

MASN1 1 



MAINTE 

SUPPORT 

NANCE 

SERVICf 

PLIGHT 

NANCE 

EQUIPMENT 

PROCEDURE 

LIFE ■; 

MANUAL 

MANUAL 

B 

m 

□ 

o 

m 


FIELD: 


SOURCE OF PARTS FOR KIT: 

GR 


STATING SPiOSlTlbN OF SPARES AFFECTED: 

J spares to be reworked 




AVAILABILITY 


-WEEKS AFTER APPROVAL 


P PB to be changed bv change notice to 
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Nature off Proposal (CONT): 




m 

$r 

- jsMf 

; T 


B, 




£1T' " 


3, Change resistor R4 Jr 

4, Change resistor E‘> f>’. 

5, Change capacitor C2 r, 

6, And 1N647 Diode, 

7, Revise transistor Q3 ha o circuitry. 


RN 70C 449 IF to RC4-XOF6BIJ. 
RW67Ci’20l,l to KC4 2GFI52J. 

1 CL65L330MPS to CL65CK680MP3. 


Antenna Control Unit Wiring Harness 


1. 

2 . 

3, 

4. 
5*. 
6, 


Add' wire from 2IC 1 1 - C ? in 2K2-X2, 
Add wire from .iKIM 5 - 'o 2K8-A1. 
Add wire from 2K14-A o 2K 15-32, 
Add wire .from : ; 2K 15-32- to 2SC7-C2. 


Add wire 5-B 1 to 2K7-C 1 . 

Add v/irg, f’o^l2K7-Cl *.© 25C18-X1. J : ^ 

|CV Additional Change to Antenna Control Unit Y/iring Ilarr-eas 

1 :| 1. Disconnect wire 2W514 from 2T2 -2 and connect it to 2T2-7. 

•• . ' +- ; •••. . . - ■ */-• - 

2* Disconnect wire 2W51?. ‘' em 2J''-T and connect it to 2T2-2. 

D. A Mod number will be assignee ! the P/N 531 A 200-100-101, Antenna 
Control Panel Assembly 

SLR Control Panel, P/N 531 a 610-00~ -101 Changes. 

A. Change P/N 531A610-0 ! 09-101. I ode Board No. 1 to F/N 531A610-009-103 



v;2... 

2^, 



‘ J , I.. Change ret istor R1 from RB54CE19701B to RC20GF563J, 

A Mod number will be assigned to the P/N 531 A610-009-101, Control 
ftBanel. :..2 >. 


a/Antetiaa Control Tor ter (L 


P/N 531 A 9 10-00 1-101 Changes 


0 resistor R4 3 in-Nav Sim itor panel from RB54CE19701B to 
OGF563J. 
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Keros Affected by Proposal CCONT): 

1. Production Effect! vity 

A* Ante nrta C o nt rol Assembly ’ . . ■ ' % ' 

1. Production unit& S/N A 2 ))-9 thru S/N A200-19 1 will be 
retrofitted. 

2. Production units S/N A 200 -20 and subs in line, 

B. SLR Control Pare! 

1. Production units B/N a ' 2-9 thru 8/N A 602-19 will be 
retrofitted, 

Z, Production uaifs S/N hi '2-20 and subs in line. 

C. . A atenit.a/ Antenna Control Tester \ LRU) 

1* Production unit© 8/ N -3 thru -6. 


v-it' 


.4 •> x 

Estimated Man Sours to Accom|5iBb Ch: r e in Fie;d (CONT): 

. ' ■ V ' . :V* • 

A. Ant tin a Control Unit 


ill. Msasuerobl® unit 

1 hr 

2, ModiSloation 

7 hr 

3, Reassemble unit 

1 hr 

• feet 

1 hr 

BV. kernel Unit ■' 


.41;!^. enable 

30 min 

'2,* Modification. 

30 min 

3. .Reassemble 

30 min 

4. .feat 

1 hr 




C. Antenna/ Antenna Control LRU Tester 

' . r • 

" -,;&v L ; 

1. Bisaaseroble 20 mi 

::/Z* Modification 


■|3.» Reassemble 

. A.;-' ' sir.-.- 


Test 


20 mir> 
20 min 
1 hr 
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